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«SECRET. 


MCDANDUM GF CONVERS ALIGN s 9 January 1952 


SUDJECT® Now OLA Butlding 

TH s 1330 to 1100 

DATE 8 7 January 1952 | 
PIACE » Publde Dadldings Lorvics, CSA (Office of Hr, We Te Reynolds, Comalssionor) 


THOSH PRROINT» pt pera Comissianor, P23 Mire Wolft, ED/A, CIAs Colonel Whita, 
AbD/A, CLA 


Le Me, Volt briefly reviewed our building prosloan to include tha fact that we 
had permment authorlaation to build a new building te house our departuontal an 
ployoos ab @ cost of $30,000,000 but thet Congresa had declined to aoprapriate the 
nocadoary funds at Llto last sausion. 


2, itr. Wolf then stated that wo were preparing another request to Congrasa for 
the necesenry appropriation which woulsl be suomitted at the first avallable opsor 
tunity during its current sossion aad rskod it. teynolde to confirm our undorstand~ 
ing that there wns no exluting structure An tha Wachineton arva into which our do- 
partaontal organisation could fit under one roof ond none woieh could be wade avoll~ 
ebla to CIA ab any time 4n the forecccable futures Nite Koynolda stated that our une 
deratanding woo ontirely cormvcte “xr. tiolf thon asked if lire Reynolds thought it 
world be acpronviate for Fi to fumish CIA with a written statement to this offcat 
which gould be used ab our representations to the Buraau of the Tudget and tha Cone 
frees, Mrs Neynolds stated that ha did not consider such a written statenont to bo 
neosouary and, further, that ho would he happy to teatify personally before any cone 
mittoes with which wo hal difficulty. 


3, Mx. Wolf rolntad that 1t was our uaiderstaviing that the only threa possible 
cites evallable to ua wore dn tho vicinity of (a) Langley, Virginia, (bo) Switland, 
Mevylend, and (3) the Neviua Tract. Ue added that ho did not beliove that the 
Ciroater would be willing to locate our prepovad naw building at obther cuitlend or 
Langley. The plans proparod by 055 for the evius Tenet are abtbractive ond accopie 
abla. However, Lb would certainly require the entare £30,000,009 appropriation to 
construct a building on this cite which would ucot with the approval of the National 
Capital Parke and lamrving Comission, If wo are unable to obtain the entire 
$30,000,000. appropriation ani ara forced to contract somthing for epproclootely 
82,000,000, we, therefore, emnnot construct a building on tho Noviua Tracte 


le lve Vol? anked for conMirnation of our understanding that no otha sites 
worg avallable, Mr, Reynolds raplicd that a fourth site could bo mado available. 
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Scop BECURITY INFORMATION. oy 


Thig oite 4a on the Soldtersa'! Nome property and vonstructdon on this site would not 
Peay Pac fringes that would be necossory for construction on the 
OVE LAs ie 


 §, In a brief discussion as to whether we could construct a buliding adequate 


to hous lopatinental euployoos, Mr, Reynolda compared our problem to that of 
GAO whe ilding is to house 8,000 omloyeos and vixich cost $25,000,020, He 


otated thet building coats have risen arproxinately saventeon yer cunt eines the 
GAO contrach wag let and ho, therefore, ia podsiuistie about our being abla to moat 


our requirenenta on any trast for $25,000,000, However, ho balleves th wo rive 
munber of employooas who ara required to be under’ one moot dn iiow 
- we could come very clogs to constructing an adequate bul 
ee | JO, * a | 


by» Mx, Roynolds mrmorised his position by saying that he did much profor to... 
goo ws build on the Novius Tract and hoped that wo could persuade Congress to appréas 
priate the entire $38,000,000 which would enable us to do so, but that Lf wo wore 
mable to do this and wore forced to widertake constructian for less money the 
Aollatora! Homa eibo could bo mide available, Ho reiterated his deaiss to suyport ua 
in ovary possible way to include a personal testineny vefore appropriate cowaltices 
Af neconsary. ; 


7. Nr. Nellf indicated that he agreed with ir, Reynolds and that wa would agk 
Congress for the entire $38,000,009 with a view tavard acquiring tho Nevius Tract, 
the Soldiers! Homo olte to bo considered ag an if we mot build for less 
memaye Ho mubsouontly raqueatod that cre Toolky ond T visit thy Solciaral 

pe eer ak wo Canter? conarrtenee, ArrangemenTs have been made to du FhIZ5X1 
on 8 Sanvary 19520 


&, In tho course of this conversntioa, lr. leynolds stated that he thought we 
ought to Imow that 26 wes tho Procident's desire that the Meporgal Plen, which was 
not Savornbly considered by Congress xb dts last session, was to ba rovived, Tho 
President dogiros that 46 be reoulsnittad and NERY hes Lowered ite minima dintwea 
requirments froma the previous 2O-4mile radius to a 10 to Leelle radlude Fre 
Reynolds fools that 4f the Dispersal Milan had boon based an these Meurco in tha bow 
ginoing it would have toon paseed at the Isst session of Gongrans, I solsod Mey 
foynolds whether in hie opinion this should influence GIA dn ony wey in procesding 
aes tha aquest for our now building. He was positive in his belief that 4% showid 
Rove 
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Le Ke WIPE 
Acsintent Deputy Director 
( tdmidetwation) 
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